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1. 


2 . 


In early February 1953, I I work on the reconstruction 

of the Friedriehstrasse railroad station was started on 2 February. 

Work on the construction of control platforms was started at the Sehoenhau- 
ser Allee, Trept-w and Baumschulenweg railroad stations. Construction 
work at the Mahlow, Tel tow, Albrechtshof (Falkensee), Griebnit?,see, Hennigs- 
dorf and Hohenneuendorf railroad stations had not started. 

The designs of the reconstruction of the Friedriehstrasse railroad station 
were completed in late January. According to these designs, traffic will 
be handled as follows* 


Platform C 
" B 

" A 


east-west traffic of the elevated railroads 
west-east traffic of the elevated railroads 
interzonal traffic and long distance operations. 


The reconstruction of the railroad station requires special switches 
which will be delivered by a plant in Gotha. In the future, only the 
so-called interzonal trains will enter West Berlin via the elevated 
railroads. 1 

25X1 3„ In early February. I ~| designs were being made for the 

25X1 X laying of two new tracks for the Berlin elevated railroads between the Sehoen- 

hauser Allee and Pankow-3choenhausen railroad stations. 4 

4. The 1953 investment program, of the Cottbus regional railroad headquar- 
tens included the following projects: 


Project Estimated Cost 

In Eastmarks 

Loading bridges for the loading of vehicles 50,000 3 

Reconstruction of the bridge over the Heisse 395,000 4 

River in I'uskau 

Reconstruction of the second track between 2., COO, 000 

’ -lsterwerda and Ruhland 
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Project 

Reconstruction of the second track between 
Falkenberg and Gilbert 

Construction of a connecting curve at Horka 
Improver ent of the Uckrc-Beeskow line 


Estiinated Cost 
in Eastmarks 

8,C0C,CCC 6 

276,000 7 

500,000 8 
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On 28 January I Inly the western abutment, a pier 

and the superstructure of the raiifiad bridge over the Heisse River 
near Kuskau were to be reconstructed by the Cottbus regional railroad 
headquarters, while the eastern abutment of the bridge was to be re- 
built by the Poles. The date for beginning construction work had not 
been fixed. Tho demolished sections of the previous bridge are stall 
in the river and cannot be salvaged. It was expected that the designs 
for tho reconstruction of the bridge would be completed by mid-February. 


6. In late January. 


only the double tracking of the Halle- 


-Eisleben railroad line was approved, while additional projects for the 
double tracking for that line in the Halle railroad district were re- 
jected. 7 


7. In late January, [ 


“I the railroad bridge near Karnin on 

—I - - . . i 


the Oucher ou-TJ 0 edom-Swinanuende railroad line was to be ™ccn8tructad. 

The bridge was destroyed during the wax, and only -he rciddle section of 1C 
the bridge which was designed as a lifting bridge, remained intact. (B-doc) 

The 1953 investment program of the Directorate General, Railroads, Berlin, 
included the following additional construction projects: 


RaiIroa4 
Berlin 

Greifswald 

Halle 

Erfurt 


of Construction Project. 


Electrification of the Berlin/Karow-Birkenwerder 
line (riordring Berlin) 

Reconstruction of the bridge over the Oder River 
at Kg£ Ruednitg 

Electrification of railroad lines 

Dismantling of the Gerstungen-Oankmarshausen line 
(the rails will be used for the reconstruction 
of the second track of the Guben-Falkenberg line) 


11 

12 

13 

14 


A total of 350.8 tor of rails and 521,480 ties will be required for the 
additional construction project. 5 


9 . a. On 29 January, 


donf o^hTwad bridge or the railroad bridge near Muskau. The 
bridges were destroyed and the demolished bridge sections were still 
lying in the river. There were no indications of intended recon- 
struction work. However, it was V mored among the localpopa on 
that one of the bridges or both of them would be reconstructed. 


no clearing up work was being 


b. On 4 Febr-iary, 


tho railroad line from Wriezen 


toward the C4er River was dismantled and that the railroad embank 
ment was in a delayed state. Telegraph poles were standing as far 
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as Hsu Ruednitz . The bridge over the Oder- River near Wriezen is about 
SCO meters in length. The section of the bridge over the Oder River it- 
self which is about 200 meters wide was demolished. According to a local 
resident, the middle s ection of the destroyed bridge was salvaged in 
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1C. 


did not notice any indications of an intended re- 


early January n , f 

construction of the bridge^ ^ 


C omment * Inf ormation o n the establishment of railroad ch eck points 


was transmitted previously. 




1 Comme nt., This connecting curve is designed to elinjimte the Gesund- 

brunnen railroad station in ttie French Sector of Berlin. 


j i vwwent . These loading bridges are used between buffers of two rail- 
road cars for the loading of vehicles up to three tons. They are mostly 
used on troop trains. 


Comment. It appears that the reconstruction of the railroad bridge 

- n ■ 19 * ■* .. « . jj.a j. - jlu * 


over Seliisse River near Muskau was ad ded to the 1953 railroad con- 
struction program for strategic reasons. I [ ■ 

construction work had not started by late January. 


c 


] Comme nt. , , 

section of the line has already been double tracked. 


The ELsterwerda/Biehla-Pleesaforst 


"1 Comment. The double tracking of the Falkenberg-Cottbus-Guben rail 
— — “ However, the 


road line was included in the 1952 construction program, 
project could not be completed in 1952, due to a shortage of construction 
material.. For the present s tatus of constr uction work on the line which 
is of strategic importance, ' ' 


1 I Comment . For last report on the improvement of this line, see 


I I Comment. The intended double tracking of this railroad line section 

at an estimated cost of 4,000,000 eastmaxks was reported previously. See 
| ~ | . The stretch between Eisleben and 3 anger hausen which 

continues this line to the west has already been double tracked. 

Comment. The intended reconstruction of the railroad line over the 
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Feene River near Karnin is reported for the first time and requires con- 
firmation* The double track Ducherow-bsedom-Svinemuende railroad line 
was dismantled* The reconstruction of the bridge was net included in the 
1953 construction program of the Directorate General, Railroads f Berlin, 

\ I . Information obtained I I 

] 1 (Indicates that the bridge will not be^ 

reconstructed * This tnromation agrees with a report* according to which 
it is intended to utilize still serviceable sections of the bridge near 
K&rnin for the reconstruction of the bridge over the Oder Kiver near 
Xuestrin or the railroad bridge over the Hohenzcllern Canal on the Bad 
Freienwalde-Angermuende railroad line* There are strategic reasons which 
would make the reconstruction of the railroad bridge near Xarnin and of 
the Ducherow-Osedom-Swlnenmende railroad line plausible, because the now 
Polish sea port of Svlnemuende would thus be given an efficient feeder 
line* Swineruende has no railroad connection to the German territory 
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now under Polish administration. Railroad connection to the mainland 
is at present only maintained by the Zinncwltz-Wolg&st ferry. Because 
of the acute shortage of construction materia] , the reconstruction of 
the Ducherow-Osedom-Swinemuende railroad line and of the bridge over the 
Beene River near Kamin is believed to be improbable. 


25X1 A^l. Comment . The starting of the double trac k opera tiona o n the Nord- 

ring Berlin was reported on 26 icovember 3952. | l . The 25X1 A 

plan to electrify the freight ring was know previously. The inclusion 
in the 1953 railroad construction program of the electrification of 
the X&row-BIrkenwerder line is reported for the first time. This measure 
appears plausible, because the Nordring which carries the heavy traffic 
in the Hennigsdorf-Velten area, would be of the greatest importance in 
the event of an isolation of West Berlin- Steam operations on the rail- 
road line sections mentioned would not guarantee the train density re- 
quired in the event of an elimination of West Berlin. 

25X1 A12. 
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25X1A l 3- | 

25X1 A^“ | | Comment . The stretch between Guben and Falkenberg is 7 km in length 

ana is in the Erfurt railroad district close to the aonal boundary. The 
line section was still included in the 1952/1953 winter time-table under 
Ho 190. However, the time-table indicated that it was not in operations. 

25X1A^5v | I Comment . As compared with 1952, the 1953 rails and ties require- 
ment decreased by approximately 30 and 6C percent respectively. Informa- 
tion on 1953 production figures indicates that even the reduced railfand 
ties requirements will not be made,. 


1 Commen t. The reconstruction of the bridge over tho Oder River near 



by early February, it appears that the Directorate General, Railroads, 
Berlin, is trying to delay the reconstruction of the bridge in which it 
is not interested. 
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